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BILL NO. S-81-11-^^5 


SPECIAL ORDINANCE NO. 


s o ?//-?/ 


AN ORDINANCE approving Change Order No. 1 
Trier Ditch-Ridgeview Heights, for 338-80, 
Federal Orant No. C-180599-08, in connection 
with the Board of Public Works 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY 
OF FORT WAYNE, INDIANA: 

SECTION 1: That Change Order No. 1, for 338-80, 

Trier Ditch-Ridgeview Heights, Federal Grant No. C-180599-08, 

to John Hartman Construction Co., Inc. in connection with the 

Board of Public Works, for: 

the quantity of 8,000 SY for 2" 
asphaltic surface originally used 
in the contract bid was miscalculated. 

Upon further field investigation and 
office calculations, we(Engineers) 
have determined that the original quantity 
would have been more in line at 12,000+SY, 

in the amount of $13,000.00, as set out in the specifications, 

which are on file in the Office of the Board of Public Works 

and are by reference incorporated herein and made a part hereof, 

be and the same is in all things ratified, confirmed, and 

approved. 


SECTION 2: That this Ordiance shall be in full 














Read the fi 
seconded by 
'tie am 


iipst time in full and on motion by 
Cv ^ , and duly, ado pt. 




_ _ and duly^ ado pted, r&jidthe second time 

referred to the Committee L-^Cc^ M (and the City 

Plan Commission for recommendation) and Publi-fc Hearing to be/held after 
due legal notice, at the Cou ncil Chambers. C ity-rmi int y-^i-hfring, Fort Wayne, 
Indiana, on_, the _day of 


19 




at 


o 1 clock 


M.,E.S.T. 


Read the thir< 
seconded by_ 
passage 


1-1= 

™ —STERMAN 


CHARLES W. WESTERMAN 

CITY CLERK 


£ime inNfull and on motion by_ 

_ and dul Y adopted, placed on its 

PASSED (L OMBr /by the following vote: 


TOTAL VOTES 

BURNS 


£l 


NAYS 


GiaQUINTA 

NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

SCH0.M3URG 

STIER 


Z^ -f'W 


CHARLES W. WESTERMAN - CITY CLERK 
Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (Z ONING MAP) (gfnfrrtJ _ 

(AEERORRIATION) ORDINANCE ( RESOLUTI ON^-No¬ 
on the day of 19 &/ 


EXATTON) /^SPECIAL) 
o- 


ATTEST: 


(SE. 


CHARLES W. WESTERMAN - CITY CLERK 




PRESIDING officer 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, 

_ d ay of 19 p-/ , at the hour of 

o'clock _a_M.. E .s. T . 


CHARLES W. WESTERMAN - CITY CLERK 

_3t fa> _ _day of <W. 


Approved and signed by me this _ 

19J21_, at the hour of_ M o 'clock _^_M.,E.S.T. 


JsL 


WINFIELD C. MOSES, JR. 

MAYOR 





































































































S-81-11-55 


REPORT OF THE COMMITTEE ON 


CITY UTILITIES 


WE, YOUR COMMITTEE ON 


City Utilities 


_TO WHOM WAS REFERRED AN 


ORDINANCE 


approving Change Order No.' 1 Trier Ditch-Ridgeview 


Heights,'for 338-80,.Federal Grant No. C-180599-08, in•connection. 
wi£h the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 





























CHANGE ORDER 


Change Order No._1_ .. Resolution No. 338-80 

Project No. C-180599-08 _ Board Order No. 54-80 

Name of Projec t: "TRIER DITCH-RIDGEVIEW HEIGHTS" _ Dat e: so//s/Sf _ 

T o: ' JOHN HARTMAN CONSTRUCTION CO., INC. _ 

(Contractor) 

Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item 

No. 


Description of Change 


Change in Co 

ntract Price 

Ouantitv 

Description 

Unit Price 

Decrease 

Increase 

12 

4,000± SY 

2" Asphaltic Surface 

3.25 


13,000.00 

























Total Decrease 

Total Increase 

Net (0encgEsac3Bg) (Increase) Contract Price 




13,000.00 


13,000.00 


The sum of $ 13,000.00_is hereby (added to)^dEdas£Edxixs>8£$ the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


6 278,608.75 

ft 278,608.75 

ft 291,608.75 


The time provided for completion in the contract for this project is (unchanged) fcixiocesseik) 
(d^xaseffissds) by -0- calendar days due to this Change Order. The date for completion 

of all work shall be _N/A_. Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 

Date S/ _ 


Approved by: 
Approved by: 


Attested by; 


• , A-*-*- y. - - * 

Contractor 


City Engineer 


Owner 


t/SziT'/P Li- 


-Clerk 


Date 


/e A* A, 

Date Ae>d. 4. f9tf 
Date 
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Change Order No.. 

338-80 

Resolution No._ 

Board Order No. 54-80 _ 

REQUEST AND JUSTIFICATION FOR CHANGE 

Necessity for change: The quantity of 8,000 SY for 2 asphaltic surface originally 
used in the contract bid was miscalculated. Upon further field investigation and 
office calculations, we have determined that the original quantity would have been 
more in. line at 12,000± SY 


Will proposed change alter size of the project? Yes_ No_ 

If yes, explain 


Affect on operation and maintenance cost of this project: 



























^ 3 / 


TITLE OF ORDINANC E Change Order #1,Trier Ditch-Rid geview Heights^ Res.338-80, C-180599-0J 

DEPARTMENT REQUESTING ORDINANCE BOARD OF PUBLIC WORKS <£/"//' 

SYNOPSIS OF ORDINANCE Change Order #1, Trier Ditch-Ridgeview, Resolution-338-80, 

C-180599-08 Federal Grant Number, John'Hartman Construction Co., Inc. - Contractor. 

Change Order #1 - the quantity of 8,000 SY for 2 n asphaltic surface originally used 

in the contract bid was miscalculated.- Upon further field investigation and office 
--(S nginoors) ------- : _ 

calculations-, we have determined that the original quantity would have been more .in 

line at\12,000+ SY ~ " ~ ' ' ~ ;——;- : -—- 


EFFECT OF PASSAG E The continuation of Resolution 338 -80, Trier Ditch-Ridgeview 
Heights. _ ' _ . ... 


EFFECT OF NON-PASSAGE The above described Change Order cannot occur. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $ 13 > 000 * 00 to be paid for as follows.: - 
75% EPA, 15% City Utilities> 10% State ' ~7 ~ " " " " 


ASSIGNED TO COMMITTEE 























































